PRESENTATION -- TED PROJECT 


- FEATURES 
- SYSTEM BLOCK DIAGRAM 
- CASEWORK 
- SCHEDULE 


STATUS 
COST COMPARTSONS 


TED 64 


ONE TED, CASE, PCB 

7501 (6510) BASED 

7360 TED CHIP 

32KB ROM (ONLY 128K) ON ONE PCB FOR BASIC @KERNAL 
BASTC VERSION 2.5 WITH ADVANCED GRAPHICS 
40 x 25 DISPLAY WITH 128 F/B COLORS 
BIT-MAPPED GRAPHICS @ 320 x 200 PIXELS 

2 TONES 

CASSETTE 

63 KEYS 

SERTAL BUS 

USER PORT 

CHEAP DISK (4 x 1541 SPEED) + DOS 
FUNCTION KEY SOFTWARE CAPABILITY ON PCB 


* COMPATIBLE WITH C64 TOKEN FORMAT 


7501R1 -- DEVICES FULLY FUNCTIONAL AND YIELDING 
PRE-PRODUCTION RELEASE NEXT WEEK (43) 
PRODUCTION RAMP CAN PROCEED 


7563R5 -- R5 ITERATION WILL BE CHARACTERIZED THIS WEEK (42) 
1000 WAFERS ARE BEING RAMPED IN THE LINE (ROY THOMAS) 
90 SAMPLES THIS WEEK | 


° BANKING / | | 
NONBANAING | 


NOTE: A MAXIMUM OF §S PERIPHERALS ARE 
SIMULTANEOUSLY ALLOWED ON THE 
SERIAL BUS. 


4 

—wW 
s ee 

uliod 


sew a _ ON PADDLE 


SINGLE DRIVE 


48 TPI-SINGLE SIDED 
154%) COMPATIBLE 
4X TRANSFER RATE 


e SOCKETS 


USER VIC 
Saar RS232C | OR |wopem 


: KEYBOARD 


@ o a 
SWITCH BOX 
AC 
JOYSTICK JOYSTICK] | anapTerR a MONITOR 
NEW TYPE NEW TYPE NTSC 


PAL 


SYSTEMS ENGINEERING 


RELEASE KEY 
PROJECT: TED 16/64 CPU 


- ADVANCE ENGINEERING RELEASE - 9/12/83 


Power Supply Specs (Final) 
Casework Specs (Final) 

lst Schematics 

lst Bill of Materials 

lst Material Management Form 
Units 


- SYSTEM TEST RELEASE - 10/7/83 


Units for S/W Test & Doc. 

lst PCB Drawings 

Units for FC Test 

Peripherals & Configuration Specification (Formal) 


- MANUFACTURING PILOT PROCUREMENT RELEASE - 10/15/83 


Schematics (Updated) 

Bill of Materials 
Material Management Form 
PCB & ROM Mask (Pilot) 


- MANUFACTURING VOLUME PROCUREMENT RELEASE - 11/15/83 


Schematics (Updated) 

Bill of Materials 
Material Management Form 
PCB & ROM Mask (Final) 
Casework Tooling 

Power Supply Availability 
OEM Components | 


- ENGINEERING RELEASE - 12/1/83 -— PILOT PRODUCTION 
Schematics (Final) 
S/W Listings (System) 
Test Procedures (H/W & S/W) 
Assembly Drawings (H/W & S/W) 
Bill of Materials (H/W & S/W) 
- FINAL PRODUCTION RELEASE - 1/6/84 - VOLUME PRODUCTION 


Final Updates to Engineering Release 
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| CTT STS Tas Terres Orn ries a iste lit ie Lis Teo 21221 
SCHEDULE [seer ocr no ee a 


Re ac ne ene 


KB SHIELDS 
[SHIPPING PACK? 


Rene LER, 
Fes 


SES ie eae SS. 
bias 


BASE ASSEMBLY 


3IOIG4A 


251454 - Ol 
251050 - Ot 


PCB ASSEMBLY 


3IOIG3 


310 164 
3IO1GI 


SHIPPING ASSEM@LY 
310167 


PACKING ASSEMBLY 
3IONTA 


251053 POWER SUPPLY 

326189 -Ot RF CABLE 

904778 - O01 RF SWITCH BOX 
MANUAL 


MAIN ASSEMBLY 


310168 


PLATE RATING 


UPPER CASE ASSEMBLY 


3101710 
BASE 251453 UPPER CASE 
RUBBER FOOT 83053) KEYBOARD 
SHIELD PLATE NAME PLATE 


INSULATION SHEET 


SCHEMATIC 
PCB 


TED 16 TED 64 C64 
$29.44 $47.37 $58.04 
5.00 5.00 8.43 
9.78 9.78 11.11 
2.15 2.15 2.09 
46.37 64.30 79.58 
ee a Snes 
$53.60 $71.53 $86.81 
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